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BILL NO. 5-87-07- JY | 
SPECIAL ORDINANCE NO. S22 g7 


AN ORDINANCE approving Change Order 
No. 1 - Hanna-Madison '86 Bond 
Issue - Res. 6059-86, with Hipskind 
Concrete Company, in connection 
with the Board of Public Works 

and Safety of the City of Fort 
Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 


SECTION 1. That Change Order No. 1 - Hanna-Madison 


| '86 Bond Issue - Res. 6059-86, with Hipskind Concrete Company, 


in connection with the Board of Public Works and Safety, for: 
this Change Order is necessary 


because not all guantities were 
necessary for construction of project; 


involving a net decrease of Eight Thousand One Hundred Eighty-Nine 
and 35/100 Dollars ($8,189.35), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


Councilmember 


APPROVED AS TO FORM 






Bruce O. xberger, City Attorney 
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SAND 


Read the thir ims, in full and on motion by 
seconded by LAR , and duly adopted 
passage. PASSED (LOST) Dy the following vote: 


RANE. 
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SANDRA E. KENNEDY, CITY CIE EB ALNNEDY, CITY CLER 
Passed and adopted by the Common Council of the City of Fort. 


Wayne, Indiana, as (A2 
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(SPECIAL) (ZONEMG MAP) ORDINANCE 


on the Po co day of - i ; , 19 a” ar 
A E nd 6 calla eee —— Ps Ae 
‘ ATTEST 


SANDRA E. KENNEDY, CITY CLERK 








Presented by me to the Mayor of the City of Fort Wayne, Indiana, 


on the. Jm am day of A TT A 
at the hour of Tae OF o'clock oF ME BST: 








SANDRA E. E CITY BRK 


Approved and signed by me this [IE day of A a , 
19 £4 , at the hour of A 


Fee o'clock 


sM. Perio. Te 
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Change Order No. 
Resolution No. 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Not all quantities were necessary for construction of 


roject. 














Will proposed change alter size of the project? Yes No x 


If yes, explain: 


Affect on operation and maintenance cost of this project: Hone. 

















/ 


| a A I yu. Pe 


Kevin Okleshen 





Engineer 


Ae MG 79-18-27 ° 


E 4 et J 
k CHANGE ORDER 72/5) 
Change Order No. PM Resolution No. 6959-86 
Project No. Board Order No. :257-86 
Name of Project Hama - Madison '86 Bond Issue Date 7/13/87 
Tos Hipskind Concrete Company 
(Contractor) : 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item Description of Change Change in Contract Price 
Unit Price} Decrease | 


No. Quantit Material | Decrease | Increase 


|_| seo attached sheets ce |p 
| | Te 


Total Decrease 
Total Increase 


Net (Decrease) XINSSea5S5) Contract Price 


The- sum- of- : 3:189.35 is hereby (eA XS (deducted from) the total contract 
price, and the final contract price shall be adjusted as follows: 





Original Contract Price $ 107,025.25 
Current Contract Price Adjusted by Previous Change Order $ 11)/,020.25 
New Contract Price Including this Change Order $ , 830.90 


The time provided for completion in the contract for this project is (unchanged) (Sncreaeed) 
XGaecbeaseed) by _no calendar days due to this Change Order. The date for completion 
of all work shall be Er . Furthermore, this document shall become an 
amendment to the contract an alg provisions of the contract shall apply hereto. 


Date 7/13/87 







Recommended by: 


Accepted by: Naa € gr ~. (Contractor) Date 7-13 it, 
Fe / j 
Approved by: if 8 AAA City Engineer) Date aE t6 “a 


i = ry 
Approved Spam (ee — {Owner) Date hi 5 /P ) 


Attested by: A \ Del ED A eh Bate 





CONTRACTOR: 
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9899.52 | $5,880. 01 





350.00 | 3100, 00 






400, 00 
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$0.00 i $0.00 i 48,189,335 
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Admn. Anpr. 





E OF ORDINANCE Change Order #l, Hanna - Madison, Res. 6059-86 








DEPARTMENT REQUESTING ORDINANCE BOard of Public Works & Safety 


The Change Order #1 for Hanna - Madison, Res. 6059-86 





SYNOPSIS OF ORDINANCE 


is necessary because not all guantities were necessary for con- 








struction of project. Hipskind Concrete Company is the Contractor 


















































FFFECT OF PASSAGE To facilitate completion of project. 











EFFECT OF NON-PASSAGE 








MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $8,189.35 


ASSTGNED TO COMMITTEE 





BEET. NO. S-87-07-48 





CITX UTILITEES 


REPORT OF THE COMMITTEE ON ; 
GW dr TG ee © J 


CITY UTILITIES 


WE, YOUR COMMITTEE ON TO WHOM WAS 
— A a EE 


REFERRED AN (ORDINANCE) (RESOEHTXBN). approving Change Order: 


Q. l - Hanna-Madison '86 Bond Issue - Res. 6059-86, with ; 
ipskind Concrete Comopan in connection with the Board of Public 
--Works and Safety of the City of Fort Wayne, Indiana =: Ge 
————————— Rwy a 





y” 
HAVE HAD SAID (ORDINANCE), (RESOLOUDDON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


+ (RESODDIXDONO 








Is 


YES. 


3. AERA CHARLES B. REDD 
CHAIRMAN ————-.—-  — — 


PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 


BEN A. EISBART 








AD! - SAMUEL J. TALARICO 
( den ^C _ 


CONCURRED IN ye A At SANDRA E. KENNEDY 
i CITY CLERK 





